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BILL NO. 


S-78-03- 


SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order No. 1 
in connection with Street Light Resolution 
No. 5715-76. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT WAYNE, 

INDIANA: 

SECTION 1. That Change Order No. 1 to Schmidt Electric, Inc. 
in connection with Street Light Resolution No. 5715-76, for additional 
material to be used on Coldwater Road, Street Lighting Project, in the 
amount of $8,262.08, as set out in the specifications, is hereby in all 
things ratified, confirmed and approved. 

SECTION 2, That this Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 



APPROVFD AS TO FORM 









Read the first time in full and on motion by 


seconded by 


^_ ,„and duly adopted, read the second time by title and referred to the 


Committee on 


Q-Commission for 


recommend a t ion) and Public H e aring to - b e - h e ld af-ter-due-legal notice, at the Council Chambers, 

_day 


C ity—County'Building, Fort Wayne, Indiana, on 
of_ , 19—, at 


, the 


o'clock 


RI. .E.S.T. 


DATE: 


CITY C£ERK 

Read the third time in full and on motion by 

seconded by_ pAj^yry _, and duly adopted, placed on its passage. 


PASSED (LOST) by the following vote: 

AYES NAYS 

JL_ _ 


TOTAL VOTES 

BURNS 

HINGA 

HUNTER 

MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT. V. 

STIER 

TALARICO 

DATE: 








ABSENT TO-WIT: 

-J- •_ 


3 fs^> h 


CITY CLERlt 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 

(ZGNINGLMAP) (GEN ERAL ) ( ANN E XATION ) (SPECIAL) C APPR0PIUAT4QN) ORDINANCE 

(RE S O LUTIO N) No. S~ ^\ \ ~~1% on the day of %Y\c\ /^C 5U , iaZ8 

ATTEST: (SEAL) 


CITY CLERK 


/ ‘^jL 

presiding Officer 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on the 
day of_ "TTVx Af . 19l^ at the hour o f ^o 'clock \] M ., E.S.T. 


Approved and signed by me this 
at the hour of_ o 'clock 


CITY CLERK 
d ay of _ 


, 1 97JL 



MAYOR 





































































































S-78-03-07 


Bill No. 

REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

We, your Committee on _ Public Works _ to whom was referred an Ordinance 


approving Change Order No. 1 in connectton with Street Light Resolution 


No. 5715-76 


have had said Ordinance under consideration and beg leave to report back to the Common 














































Memorandum 



To 

Board of Works Attn: Ursula 

Date 

Feb. 27. 1978 

From 

Kenneth N. Traylor 



Subject 

Change Order No. 1 Res. 5715-76 

Street Lighting 

on Coldwater Road 


Attached find change order no. 1 for resolution 5715-76, 

Street Lighting on Coldwater Road. Street Lighting Engineering's 
justification is on the back of the change order. 

I understand the Board of Works has already discussed the 
change order with Carl O'Neal and has made all necessary 
adjustments with the contractor. 



Iv 


•V A 

'it 


FEQ231978 




72 








CHANGE ORDER. 


tr c-^-% 

Change Order No. _1_' Resolution No. 5715-76 

Project No. _ Board Order No._ 

Kane of Project____ _ Dat e 2-21-76 _ 

To: Schmidt Electric, Inc. _ : __: 

(Contractor) 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 


Description of Change 


Change in Contract Price; 

No. 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

001 

4 

35' Light Support 

• 345.00 

1,380.00 


002 

4 

2'x2 r concrete foundation 

120.45 

481.80 


003 

4 

8' mast arm 

47.00 

188.00 


004 

4 

3*x3'x8' concrete foundation 

290.00 


1,160.00 

005 

529 

Trenching 

0.69 


365.01 

006 

100 

2-1/C #12 wire 

0! 15 

15.00 


00-7 

1,070 

3-1/C .#2 cable 

1.62 


1,733.40 

008 

2 

400 w. H.P.S. Luminaire 

142.00 

284.00 


009 

3 

Multiple comp, fittings 

7.40' 


22’. 20 

010 

2 

Fused Connector 

8.35 ‘ 


16.70 

Oil 

2 

Insulation Link 

1.14 


2.28 

012 

2 

Ground Lug ' • 

7.81 

15.62 


013 

4 

30 Amp relay 

76.00 

304.00 


014 

172 ; 

Push 2" conduit 

9.50 


1,634.00 

Total Increase 

Net (Decrease) (Increase) Contract Price 








The sum of $_is hereby (added to) (deducted from) the total contract price 

and the final contract price shall be adjusted as fellows: 

Original Contract Price $_ . 

Current Contract Price Adjusted by Previous Change Order $ __ ’* 

New Contract Price Including This Change Order $_ . _ 


The time provided for completion in the contract for this project is (unchanged) (increasec 

(decreased) by __ calendar days due to this Change Order. The date for complefcio: 

of all v'ork shall be_Furthermore, this document shall 1 

nt to the contract and all provisions of the contract shall apply hereto. 


by 


Accepted by: Pr f, 



Approved by: ^ (City.Eng i n e er ) 


Approved by 


TaZ, 


22 


(Chief ~j\l\ 0 {.^lE^.gineer) 

(Contractor) 








wiu 


w: 


Attested by 




Date X 




Cate a/j// ?<■? , 

Cat e A /*-7/?y 

V 

(Owner) Dat e _ 


(Clerk ) Date 


/// 




























































CHAllC-g ORD"[> 




Change Order Ko. 
Project ho. 

Name of Projeet_ 

To: 


Gentlemen: 


(Contractor) 


Resolution No. 
Board Order Ko. 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 

No. 


Description, cf Chsnee 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

015 

4 

Riser 

' 112.00 


448.0C 

016 

55 

Location of Conduit 

54.00 


2,970.00 

017 ‘ 

4 

Relocate base 

108.00 


432.00 

018 

3 

60 amp relay 

210.45 


631.35 

019 

4 . 

35’ pole (Mat'1. only) 

301.00 


'1,204.00 

020 

2 

8' mast arm (Mat'l. only) 

27.00 


54.00 

02-1 

2 

400 w. luminaire (Mat'l. only) 

100.58 


201.16 

022 

2 

400 w.' lamp (Matl. only) 

28.20 


56.40 





































Total Decrease 

Total Increase 

Net (&sxrasase) (Increase) Contract Price 

2,668.42 



10,930.50 


L 8^62^08 


The sum of $ 8,262.08 i s hereby (added to) the total contract price 

and the final contract price shall be adjusted as fellows: 


Original Contract Price $ 58,794.3-6 
Current Contract Price Adjusted by Previous Change Order $ 58,794.36 
New Contract Price Including This Change Order $ 67,056.44 


The time provided for completion in the contract for this project is (unchanged) (xstscsesgs 

(dsiXDessHd) by_calendar days due to this Change Order. The date for completion 

°- a H vrork shall be June 23, 1977 «. Furthermore, this document: shall 


t to the contract and all provisions of the contract shall apply hereto. 

b yi/ c-v,^ry^ , ^ <P h *? £ '"^^rof~Ensinear) Dat e Z?-/?- / /V f 


Acccpted t ,< -j 

Approved byGy 
Approved by: 




(Contractor) 


C/ 

■- T 7 -—2i 

J j? 


(City Engineer) 

__(Owner) 


Bat e 3-A// _ 

Bat e JAZ/// 
Date__ 


(Clerk) Date 


5 . 



































































Change Order No. 1 

Resolution No. 5715-76 


Board Order No._ 

REQUEST AND JUSTIFICATION FOR CHANGE 
Necessity for change: Error in design and coordination with State 
Highway Project. 


2. Will proposed change alter size of the project? No. 


3. Affect on operation and maintenance cost of this project: 


Engineer 


None. 





TITLE OF ORDINANCE SPECIAL ORDINANCE - CHANGE ORDER NO. 1 - STREET T.TfiHT R F .S nT . TTTTON -NO.SZ1 . S. 3A. 

SCHMIDT ELECTRIC., INC. 

DEPARTMENT REQUESTING ORDINANCE_ BOARD OF PUBLIC WORKS ■^T-7 0 z 

SYNOPSIS OF ORDINANCE CHANGE ORDER NO. 1 - STREET LIGHT RESOLUTION NO. S 71 , ^-76, S CHMIDT- 

ELECTRIC, INC., FOR ADDITIONAL MATERIAL TO BE USED ON COLDWATER RP STREET. T TC-H-TIMC---- 

PROJECT, $8,262.08 ---- 


(MEMORANDUM AND CHANGE ORDER ATTACHED) 


TOTAL REVISED CONTRACT PRICE INCLUDING THIS CHANGE ORDER Sfi7.CSh.4A 


EFFECT OF PASSAGE NECESSARY TO USE MORE MATERIALS THAN CONTAINED IN ORIGINAL ESTIMATE TO 
CONFORM IN DESIGN AND COORDINATION WITH STATE HIGHWAY PROJECT 


EFFECT OF NON-PASSAGE WOULD NOT CONFORM WITH STATE HIGHWAY PROJECT- 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) $8262,08 FROM L R. & S FUNDS 


ASSIGNED TO COMMITTEE _ 

P* 

0 ^ 


EP 






































